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DPD~2509--59 
| 16 April. 1959 
MEMORANDUM FORs Deputy Director (Plans) 
THROUGH 1 Acting Chief, DPD 
SUBJECT t Price Redeternination 


i. This memorandum contains 2 recommendation submitted for 
approval of the Deputy Director (Plans). Such recommendation is 
oonteined in Paragraph 5, 


2. A wmesting was held at Ryeon Mfg. Company on 3 March 19599 
for the purpose of negotiating a final fixed price for performance 
ef Contract Ho, BC~200. Contract Ho, BC-200 covered additional 
Project requirements for the “B" Configuration and releted equipment. 
The Contract alse included requirements of the BEM for the "5" 
ami "4-2" Configurations and related equipment. The Perkin-Flmer 
Corps, Horwilk, ot a subcontracter, was required to furnish the 


necesfary Lenses and Filte: 
3. The parties could not agree upon a fi ice due to the 25X1A10 
Contractor's request for profit at the rate of The Contractor 


indicated his desire to meet with you on the matter, However, he 
requested that we submit our oral offer in writing, We agreed to 
subunit a letter but advised the Contractor that if he met with you 

offer was not binding, The Contractor feals he is entitled 
to profit for the follewing reasons: 


&. The Company oe well as FOIAb3a 
eared due 


pers 
muff spending approximtely FOIAb3a 
75% of hie time on the Project work. 


b. The Company has not realised repeated orders for 
equipment developed and produced as originally 
contemplated, 


e. Personnel problems have been created by moving 
individuals to the Project and now attempting to 
integrate then back into normal fiumotions of the 


= 
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% Approval of settlement offer againat BO-200 and signing 
of the attached letter (DPD-2410-59) to Hyoon is recommended. 


25X1A9a 


Sontracting Officer, DPD 


Attachment: 
Exhibit A 


COSCURRENCE s 


a vet 


25X1A9a 
Acting Chief, DPD-DD/P 


Approval requested in 
5. granted, 


RICHARD M. BISSELL, dR. 
Deputy Director (Plans) 


Distributions 
Orig — BC-200 Price Red. 
Fldr. 
2«- Mr, Blasell 
+3 ~ Finance, DPD 
4 ~ AF Liaison Officer 
5 = Chrono, RI 
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